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SECRET 










30 March 1965 


MEMORANDUM FOR THE RECORD 

SUBJECT: Final Settlement of Contract GA-1853 with 


25X1 A 
25X1 A 


1. On 26 March 1965 the Contracting Officer discussed in detail 
the final settlement of Contract No. GA-1853 based upon audit report 
of 4 March 1965 prepa] ’ 

Representative in the 


the Headquarters Audit 


25X1 A 


2. Contracting Officer concurred with the fin dings of the 
Auditor including costs questioned in the amount of I I 

The Contractor and the Contracting Officer reached an agreement 
on the final CPFF price of I I which was the amount 

recommended by the OSA Auditor. 


25X1 A 
25X1 A 


3. The Contractor will submit a final invoice and if necessary 
documentation to support final settlement. 


25X1 A 


Contracting Officer 
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